'TUGS' 


Post Production Schedule 





October 10/11/12 Dub Pirate & Munitions 
October 12 Telecine grading and transfer to 1" Pirate 
and Munitions. 


October 19/20 Voice Over - Regatta, Sunshine 
October 26/27 Dub Regatta, Sunshine 
October 28 Telecine transfer to 1" and edit on titles and end credits to Pirate, 


Munitions, Regatta and Sunshine. 


Voice-Overs for Railhead , Warrior, Highwinds, and Quarantine to be scheduled according to 
artist availabilty. 


November 28 to 


December 2 Dub 4 episodes 
December 5/6 Transfer to 1" Masters 
February 6-14 Dub all remaining episodes 


Deliver week of February 14-17 


NOTE: This Post Production Schedule will accommodate a January Transmission. 


11th October, 1988 


